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3ILL NO. S-76-01- 




SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving Change Orders 2-GC, 
3-GC and 4-GC in connection with the 
Senior Citizens Center 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
AYNE, INDIANA: 

SECTION 1. That Change Orders 2-GC, $1,155.00; 3-GC, 
6,290.00 and 4-GC, $2,300.00, in connection with Senior Citizens 
enter, to Civiliam Construction Corporation in the total amount 
f $9,745.00, as set out in the specifications, is hereby in all 
hings ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
ffect from and after its passage and approval by the Mayor. 









Read the first time in full and cn motion by , seconded by 

v and duly adopted, read the second time by title and referred 

to the Committee on (aridH:+e ra 6 i-ty—R-laa 

Commission^ ) and Public Hearing to ne h^ 1 "d~a'fter~due legal notice, 


at ttre-Ge-fc me-i 1 Chambers, Ci t y -bounty Buiidino, Fort Wayne, Indiana, on_ 
the - —d-ay-of-— ' ,197 , at > 


o'cTork-fTflrreTSTTr 

Date:_ 


. 



Read the third time in full and on motion by 
0 ~ 

seconded by , and duly adopted, placed on its passage. 

Passed by the following vote: 

AYES NAYS ABSTAINED 


TOTAL VOTES 


[1 □ 


HINGA 


HUNTER 


MOSES 


NUCKOLS 


SCHMIDT, 

D. 

SCHMIDT, 

V. 

STIER 


TALARICO 



DATE: 


g? -v-^-7 jg 






CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (ZonTntr'Map-t^CCerrera 1 ) ('Aarrre^a-tion) (Special) - (Appropnafioir) Ordinance 
(ResoTution) No.. -*r^ 4 ^"^ o n th e y^-^d ay of . 197 ■ £ , 


(SEAL) 


“ 


\y 




PREY'DfNG OFFICER 

l sifted, bv # me to the Mayor of the Citv of mrt Wayne, Indiana, on the //cZj£ 


M. ,E.S.T. 


197 ^ , at the hour of // * ^ & o 'clock 


/ ^ 


CITY CLERK 

Anproved and sinned by me this // day of _ i 

at the hour of . 0 o o'clock_ 


197 


iid^L 














































































S-76-01-42 


Bill No. 

REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We, your Committee on Public Works _ to whom was referred an Ordinance 

approving Change Orders 2-GC, Senior Citizens Center 


have had said Ordinance under consideration and beg leave to report back to the Common 

Council that said Ordinance -f _ PASS. 

Winfield C. Moses, Jr. - Chairman 


Donald J. 

Schmidt - Vice-Chairman 


Vivian G. 

Schmidt 





Paul M. Burns 


William T. Hinga 


9 , s7^omjmD in 



W CITY CLERK 































CHANGE ORDER 


Change Order No. 2«-GC _ 

Project Ho. ■ 7515 _ 

Name of Project Senior Citizen Center 

j Q . _ Civilian Construction Corporation 

(Contractor) 

Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: ' ' ■ . .- 


Item 
No. 

Quantity 

Description of Change j 

Change in Contract Price 

Material ! Unit Price 

Decrease 

increase 

1 


Additional sanitary sewer requirements! 

bv Citv Water Polution Control Deot. Y 


$1,155.00 



1 

i 





1 ' 

! 













= lotal Decrease 

■ Total Increase ! 




$1 ,155.00 


Net (S« 8 XKa*x) (Increase) Contract Price 


$1 ,155.00 



Resolution No. 
Board Order No. 
Date 


The sum of 5 $1 ,155.00 _ is hereby (added to) the total contract 

price, and the final contract price shall be adjusted as follows: 


Original Contract Price 


$ 776.787.00 


* Current Contract Price Adjusted by Previous Change Order 5 -7 - Pr3. fffi? . ■ f ffl - T7q. 

New Contract Price Including this Change Order S 784.232.00 7 &Q, E>%'2 . y oO 

*If Change Order #1-GC is approved 

The time provided for completion in the contract for this project is ( unchanged ) 

by - _ calendar days due to this Change Order, ihe date for completion 

1075 _• Furthermore, this document shall become an 

f and. i " 


of all work shall bi 
amendment to the contrac 


. all provisions of the contract shall apply hereto. 


Accepted by: .. 

(Contractor) Date 7T* 

Approved by: v-f? (b\ j 

(C—V Fnglr^^p-) Date / ^ V? S' 

f i J - - r. \lr-m - ^1 ** " V-- 

Annrnv^H hv? v 

(Owner) Date f /b 



Attested by: Z^AAM-£yA 

Date f //<£> / 




















































Change Order Mo. 2-GC 

Resolution Mo. ._ 

Board Order Mo. _ 


REQUEST AMD JUSTIFICATION FOR CHANGE 

1. Necessity for change: In routing the drawings of the Senior Citizen Center through 
various City departments for permit requirements, the City Water Polution 

control Engineering Department is asking for the addition of one city standard 

cleanout located within the 20' utility easement at the southeast end of the . 
site, and the replacement of the 6" sanitary"11ne with 8" sanitary line from this 
cleanout to the manhole directly south in Berry Street. They feel that when 
the block directly west is developed into housing for the elderly, this work 
would have to be done anyway, and to do it now would save time and money. 


2. Kill proposed change alter size of the project? Yes_ No _X_ 

If yes, explain: . ___ : _ ' ___ 


3. Affect on operation and maintenance cost of this project: 




Engineer 












































































































































































City of Fort Wayne 



DEPARTMENT OF PUBLIC PARKS 
CITY-COUNTY BUILDING 
ONE MAIN STREET 
FORT WAYNE. IND. 46802 


Grinsfeldeir & McArdle 
Associates, Inc. 

Architects 

903 West Berry St. 

Port Wayne. Ind. 46804 

Attention: Rich Wismer 

The plan for a Senior Citizen Center has "been in the works 
at the Park Board for many years .. One of the moat inportant 
consideration has always been that we have a props? dance floor* 
for two reason it is one of our biggest activites and it 
is a form of exercise for the seniors . What ever else the room 
is used for is not inportant at this time. 

By proper I mean some kind of floating floor, or 
I belive you refer to it as a wood sleeper, so that there 
is some give to the floor.. Dancingon concrete is tirihgg for any W 
body but particularly for senior Citizens. I don't know how 
to stress this more , but if money is the problem I think 
the senior might want to raise their own, Also the finished 
floor should be the same grade level 
building on that floor. 

Please call me if I am not 


Public Parks. 


as tne rest or the 
B a* ' ^ clear. 



Behr 

Senior Citizen 
department of 


TITLE OF ORDINANCE Special Ordinance _ 

DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works 




SYNOPSIS OF ORDINANCE Covers Senior Citizens Center, Change Orders from Civilian 
Construction as follows: 

Change Order 2-GC - $1,155,00 for additional sanitary sewer requirements 

Change Order 3-GC - $6,290.00 for wood sleeper floor for dance floor __ 

Change Order 4-GC - $2,300,00 for additional earth fill _ 

TOTAL$9,745.00 


EFFECT OF PASSAGE Completion of work to meet City standards 


EFFECT OF NON-PASSAGE Inadequate completion of Senior Citizens Center 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) Total cost $9.745.00 (see 
breakdown above) ______ 


ASSIGNED TO COMMITTEE 



































